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29 March 1961 
MEMORANDUM FOR THE RECORD 


SUBJECT: Concurrence in Final Settlement of Contract No. 
with E251 A5a1 


25X1A5a1 
25X1A5a1 Eee .. Project 
25X1A12a 
1. This memorandum contains a recommendation submitted for 
approval of the Deputy Director (Plans). Such recommendation is 
eonteined in Paragraph 7. 
25X1A5a1 2. Contract No. with the subject Contractor 
provided for studies and investigations of techniques for insulat- 
25X1A12a ing certain items against electromagnetic radiation for and on he- 
half of the 
25X1A12a 3. The final cost and property audit of the CPFF Contract 
; has been completed and the has been aub- 
25X1A10 mitted to thie office. Coste in the amount of have 
25X1A10 been audited and — the contract. The approved costs 
plus the fixed-fee of result in a final contract price 
25X1A10 é 


1 


25X1A5a1 4” 4k, Contract No. ted MMMM charge- 25X1A5a1 
25X1A5a1 \” gable _ to . The difference of 

25X1A132 — 

25X1A'12a 


Comptroller signifies that the above adjustment in funds has been 
noted. 


5. The Contractor has fulfilled the following requirements 
of the contract: All work hes been completed and accepted on be- 
half of the Government, all equipment acquired in the performance 
of the contract has been properly accounted for, no Government- 
furnished property was supplied to the Contractor, final overhead 
retea have been approved, reports on Royalties and Patent Rights 
have been submitted and accepted, and the Contractor's Release 
and Contractor's Assignment of Refunds, Rebates and Credits have 
been submitted. deerd 
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25X1A5a1 
6, Amendment No. 1 to Contract No. , Bub- 
mitted herewith, has been drawn puravant upe 31, Negotiated 
peuaiea Overhead Rates, to incorporate final overhead rates into the contract. 
a 


T. Approval of final settlement of Contract No. 
25X1A5a1 WWMM as set forth herein, including issuance of Amendment No. 1 to 
the contract, is recommended. 


SIGNED 25X1A9a 
Contracting Officer, DPD 
CONCURRENCES ; 
REEMA i 

25X1A9a i KP? & 
| Comptroller, DPD DATE 
25X1A9a iy ee 
Asat. General Counsel DATE 

25X1A9a _ sa 
"a “Acting Chief, DPD DATR 


The recommendation contained 
in Paragraph 7 ia approved 
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Deputy Director (Plans) 
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